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Message Text 

UNCLASSIFIED 

PAGE 01 MOSCOW 19034 101558Z 
ACTION FBOE-OO 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 SMS-01 SSO-OO SY-05 
/020 W 

028634 101600Z/44 

O 101534Z AUG 78 

FM AMEMBASSY MOSCOW 

TO SECSTATE WASHDC IMMEDIATE 5393 

UNCLAS MOSCOW 19034 


E.O. 11652: N/A 

TAGS: ABLD, AFSP, ASEC/NSU, UR 

SUBJECT EMBASSY RECONSTRUCTIONM PROPERTY NO. 

L01001, ELECTRICAL RENOVATIONS 

REF: (A) STATE 200055, (B) A/FBO-FBO/M 8/8/78 TELECOM, 

(C) MOSCOW 18380 

1 . BILL OF MATERIALS FOLLOWS SEPTEL. SCOPE OF WORK 
WAS PROVIDED IN REFTEL (C). AS EXPLAINED A DETAILED 
SPECIFIC WORDING SUITABLE FOR LUMP SUM COMPETITIVE 
BIDDING IS NOT CONSIDERED FEASIBLE DUE TO WIDE RANGE 
OF EXISTING CONDITIONS REQUIRING REMEDIAL WORK. THE 
OTTO LANG ESTIMATE WAS OBTAINED BY ON-SITE ROOM TO 
ROOM SURVEY. 

2. REGARDLESS OF WHICH CONTRACTOR IS SELECTED PRO- 
JECT SUPERVISOR RECOMMENDS UPSET PRICE, COST INCURRED 
BASIS IN ORDER TO AVOID TIME DELAYS WHICH DUE TO 
SAFETY ASPECTS WOULD NOT BE ACCEPTABLE TO EMBASSY. 

3. PLEASE BEAR IN MIND THAT POST HOUSING LIMITATIONS 
ONLY PERMIT USE OF ONE THREE BEDROOM APARTMENT. 
AUSTRIZN ELECTRICIANS SLEEP TWO PER BEDROOM. IF THIS 
IS FOUND UNSUITABLE FOR U.S. ELECTRICIANS, THEN HOTEL 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 MOSCOW 19034 101558Z 

ROOMS MUST BE EMPLOYED. 

4. CONCEPT USING U.S. CONTRACTOR AS MENTIONED REFTELS 
(A) AND (C) IS WELCOMED PROVIDED UNDUE DELAY IS AVOIDED. 
REFTEL (A) PARA 2 INTRODUCES EVALUATION OF LANG'S 
INSTALLATIONS NOT PREVIOUSLY KNOWN HERE. HIS MOSCOW 
WORK MEETS U.S. STANDARDS, IS BEING DONE UNDER DAILY 
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FBO/M SUPERVISION, AND WHERE ROUTINE ERRORS OCCURRED 
WERE PROMPTLY CORRECTED. 

TOON 


UNCLASSIFIED 


NNN 
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